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BILL NO. S-85-08- / 5 


NON 
SPECIAL ORDINANCE NO. S- He CTS 


AN ORDINANCE approving Change Order 

No. 1, Res. 46021785.— Maplecrest 

Road Extension, with Earth Construction, 
Inc., in connection with the Board of 
Public Works and Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Res. #6021-85 - 
Maplecrest Road Extension, with Earth Construction, Inc., in con- 


nection with the Board of Public Works and Safety, is hereby 





ratified and affirmed and approved in all respects, for: 


Change Order #1, Res. #6021-85 is 
necessary because following the in- 
stallation of storm sewer pipe within 
subject project it was observed that 
horizontal cracks were developing. A 
review of the design indicated that 
soil conditions within the construc- 
tion area were based on clay type 

soils (i.e. tight formations) whereby 
the trench width was to be O.D. +20 
rather than our standard O.D. +30. 

It became apparent that the designed 
trench width could not be held.  There- 
fore, the project was ordered stopped 
until a new design could be implemented. 
Included within this change order is 
the deletion of RCP Class II and pro- 
posing RCP Class IV. For the existing 
Class II pipe it is proposed to in- 
stall a Class A “concrete. bed". to pre- 
vent further deformation of the concrete 
structure. Item #37 reflects require- 
ments by WPC Plant Superintendent to 
provide an additional service entrance 
to the sludge disposal bed within the 
WPC Plant treatment area; 





the increased price of the Change Order is Sixty-Three Thousand 
Seven Hundred Sixty-One and 10/100 Dollars (963,7631710)- 
SECTION 2. Prior Approval was received from Common 
Council with respect to this Change Order on August 20, 1985. 
Two (2) copies of the Change Order attached hereto are on file 


with the City Clerk, and are available for public inspection. 
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Page Two 
SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 





Bruce O. Boxberger, City Attorney 





Read the first time in full and on motion by_ 27 tee : 
seconded: by ^: Z P P? d and duly d ed ead,tne seco time 
by title and referred tð the Committee a the City 
Plan Commission for recommendation) and Public Héaf£ing to de he after 
due legal notice, at the Council Chambers, C#ty-County Building, Fort Wayne 
Indiana, on , the dayʻof x 


s O49 pak on al d 

DATE: Co a Ei 
Read the third me in full and on motion by ! ; 
seconded by KEBA , and duly adopted, plac m its 
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passage. PASSED (ELGSE) by the following vote: 
AYES NAYS ABSTAINED ABSENT TO-SWIT: 
TOTAL VOTES 4 
diets 
BRADBURY 
A A e e i eu NERO 
BURNS 
4, ee 
EISBART 
Go 
GiaQUINTA 
me. 
HENRY > 
EU E 
REDD CUR 
ns 
SCHMIDT 
dm 
STIER 
"capu; BR pest cd 
TALARICO 
A 
DATE: £05 





CITY Oh 





SANDRA E. KENNEDY, 


Passed and adopted by the Common Council of the City o£ Fort 


Wayne, Indiana, as E Tut e 
(SPECIAL) CZONING-MAP) ORDINANCE ( . NO. LES : 


on the J 2 al day of ES. AE 2375 2 


pz ae yo 


PRESIDING/OFFICER 





ATTEST: 






Presented by me to the Mayor of the City of ort Wayne, Indiana, 


on the // X day of 19 aU 
at the hour of / f xn 





SANDRA E. KENNEDY, CITY CERK 


Approved and signed by me this WE day of a oti ilps T 
19 VE i , at the hour of go o'clock P .M..E.S.T. 


WIN MOSES, 






JR., MAYOR 
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| 3-/4-85 
CHANCE ORDER Lar 


Change Order No. One (1 Resolution No. 6021-85 
Project No. ; Board Order No. 106-84 
Name of Project: Maplecrest Road Extension Date: August 14, 1985 


To: Earth Construction Inc. 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 









trem xu Description of Change ete seg PALCDEI Change in Contract Price 
No. 


SEE ATTACHED SHEET FOR ITEMS fa ee 





















$63,761.10 


The sum of $63,761.10 is hereby (added to) Gheducherkxisom) the total contract price 
and the final contract price shall be adjusted as follows: 


Total Decrease 








Total Increase 


Net (Xxxxxxx) (Increase) Contract Price 


Original Contract Price 23.40 
Current Contract Price Adjusted by Previous Change Order : 


New Contract Price including this Change Order ee fer TED 
220,248.50 . 
The time provided for completion in the contract for this project is (KEKEREBO) (increased) 
CEBEK) by 30 calendar days due to this Change Order. The date for completion 
"of all work shall be December 1, 1985 . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: 


Date &-/4-95 


Accepted by! Date Aoc jd (35s 
ai - 
Approved by: 5 Date Ct. JADIS 


- 7 : 
Approved by: KIA ; Ar NMEA Owner Date 


— (etc 


| "P 
Attested by: X /, oin S gy > [Be Gayo ae lerk Date g — Kio quee 


Director of Transportation 


x 





aie 


23 


Change Order Nome l 
Resolution No. 6021-85 
Board Order No. 106-84 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Following the installation of storm sewer pipe within 
subject project it was observed that horizontal cracks were developing. A j 


review of the design indicated that soil conditions within the construction 





area were based on clay type soils (I.E. tight formations) whereby the trench 


width was to be O.D. +20 rather than our standard O.D. +30. It became apparent 


that the designed trench width could not be held. Therefore, the project was 


ordered stopped until a new design could be implemented. Included within this 





change order is the deletion of RCP Class II and proposing RCP Class IV. For 





the existing Class II pipe it is proposed to install a class A "concrete bed" 





to prevent further-deformation of the concrete structure. Item #37 reflects 
requirements by W.P.C. Plant Superintendent to provide an additional servtce — — — 
: ssptrance to the Yo ot disposal bed within the W.P.C. Plant treatment area. 
Will proposed change alter size of the project? Yes Noct 


If yes, explain 


























————————Ó— 
Walt Borcherding ign Engineer 





ATTACHMENT TO CHANGE ORDER 


> 


Item Descrip tion of Change Change in Contract Price | 
No. | Decrease | Increase 


T7 456 L.F. 48 RaCers Cobia aqll : 87.20 39763.20 
16A j600+ L.F. 42W RVC Pei Celine 16625 45750.00 


" pum | [annee 
240% C.Y. | Class A Concrete Bedding (F.W.S.) 186.00 a T] 44640.00 | 

i | 

5 38' x60 RCP. CL. eee ae ee ET. 


Total SIE Md 176770.30 


Net (EXE) (Increase) Contract Price 63761.10 


, i Ivi 3 "ge 


TITLE OF ORDINANCE Change Order #1 - Res. 6021-85 - Maplecrest Road Extension 








DEPARTMENT REQUESTING ORDINANCE _ Board of Public Works & Safety / 7— -— a > 
SYNOPSIS OF ORDINANCE Change Order #1, Res. 6021-85 is necessary because following the 
installation of storm sewer pipe within subject project it was observed that horizontal 


cracks were developing. A review of the design indicated that soil conditions within the 
construction area were based on clay type soils (I.E. tight formations) whereby the trench 
a c TUE I M Merl MET T CU C MUN eM er eM ee SA ETE ENET OE M 
width was to be O.D. +20 rather than our standard O.D. 430. It became apparent that the 
designed trench width could not be held. Therefore, the project was ordered stopped until c 
EUN er a iY E Ic uo rm Oc Ru Cae E cM MN e pA JI ICM ENHANCES CC Cn EOP DEC URLs 
new design could be implemented. Included within this change order is the deletion of RCP 
oS MENTO NNN GW eel TT nace uo meme c M cec oe ae Oe ee ee E eee LOL ONES E 
Class II and proposing RCP Class IV. For the existing Class II pipe it is proposed to in- 
ZCRUUMET VEL ROG ES Lecta WI. SONA E pes dabei gioia. furies c ecl cero Led S e ri SAND D Deke a SE 
stall a Class A "concrete bed" to prevent further deformation of the concrete structure. 
Item #37 reflects requirements by WPC Plant Superintendent to provide an additional service 


—————————————————————————————————————————————————————— LLL 


entrance to the sludge disposal bed within the WPC Plant treatment area. 





Earth Construction Inc. is the contractor. 











EFFECT OF PASSAGE To facilitate completion of project. 


———————————————————————————————————————————————————————ÉÉLLLL 


EFFECT OF NON-PASSAGE 


———————————————————————————————————————————————————— 


M ———————————————————————————————————————————————————————————— 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $63,761.10 4 





ASSIGNED TO COMMITTEE 
















BILL NO. $-85-08-43 





REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON ^ CITY UTILITIES ~ > ^ . qO WHOM WAS 


REFERRED AN (ORDINANCE)  - (RESOQUKXOX) aoproving Change Order No. 1 


Res.  46021-85 - Maplecrest Road Extension, with Earth Construction 





Inc., in connection with the Board of Public Works and Safety 








HAVE HAD SAID (ORDINANCE)  (KÉEBXXNPPON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(RESOBUERGN) 





YES 


B 


THOMAS C. HENRY 
CHAIRMAN . 





ANET G. BRADBURY ` 
ICE CHAIRWOMAN 


DONALD J. SCHMIDT 


(aoe A . JAMES S. STIER . 





aa um. A —.Q CHARLES B. REDD 


CONCURRED IN Fu fO “VS SANDRA E. KENNEDY 


CITY CLERK 


